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APPENDIX A 

GOmNMENT-FURNISHBD MATERIALS 


STATINTL 


CONSTRUCTION OF SIX (6) WO BEDROOM DUFLEX HOUSES, TWO (3) STAND ABD 
4-MAN BOQ BUILDING^N^XTERJO^JTI^mE^mET^^EI^^PP^-pgpEC 


ItomJ^o. Quantity T^nit. 


De scr iptio n 


V* 



A. For Six (6) Two Bedroom Duplex Houses 


u 

4,260 

Bag 

CEMENT} Portland, 50- kg Bag 

REINFORCING STEEL; deformed: 

2. 

9,130 

LF 

1/4 inch 

3. 

15, 660 

LF 

3/8 inch 

4* 

24,120 

IF 

1/3 Inch 

5. 

18,900 

LF . 

5/8 inch 

s. 

12 

Ea 

FURNACE } warm-air, 50,000 to 65,000 BTU/HR, 

650 CFM, Johnson ff ABR0LUX n Model 65U or 
approved equal 

7. 

12 

Ea 

HEATER, electric, 30-gal capacity, 1, 600W, 
dual element, Crane Co, " SELECTRIC" or 
approved equal; except pressure-relief valve 

8. 

13 

Ea 

RANGE; electric, domestic, 4-Burner, 8 KW 
(Using Agency) 

9, 

12 

Ea 

REIRIGERATORjelectric, portaBle, 8 CF 


(Using Agency) 


?• la^JEKS. .(^L^ajidard j^Man 


10. 

800 

Bag 

CEMENT; Portland, 50-kg 

REINFORCING STEEL; deformed: . 

11. 

1,630 

LF 

l/4 inch 

12, 

3,120 

IF 

3/8 inch 

13. 

12 , 840 

IF 

l/2 inch 

14. 

4, 800 

IF 

5/8 inch 

15. 

2 

Ea 

FURNACE; warm-air; 28,000 BTU/HR, 650 CFM, 
Kresky Model 282S or approved equal 

16. 

2 

Ea 

HEATER j electric., 30-gal capacity, 1,600W, 
Thernador Type II or approved equal; except 
pressure-relief valve 

17, 

2 

Ea 

RANGE; electric, domestic, 4-Burner, 8 KW 
(Using Agency) 

18. 

2 

Ea 

REFRIGERATOR; electric, portaBle, 8 CF 
(Using Agency) 

C, Fo.r_3.iA Item No, 30 

19. 

5 

. Ton 

ASPHALTIC CONCRETE ' ’ 

20, 

15 

Gal 

Liquid asphalt (prime coat) 
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